6/13/2017 


GIBBS MIDDLE SCHOOL - ARLINGTON, MA 


BID OPENING: Tuesday June 13, 2017 - 2:00PM - NV5 Watertown Office 


Trade Contractor Bid Tabulation Sheet 


230000 

Mechanical 

(Published Value; $2,709,000) 

BASE BID $ 

BID 

BOND 

Affidavit of Prevailing Wager 

Certificate of Tax Complance 

Non-Collusion Certificate 

Secretary's 

Certificate 

Subcontractors Equal 
Employment Certification 

DCAM CERT. 

OF ELIGIBILITY 

DCAM UPDATE STATEMENT 

BID 

SIGNED 

ADD 

#01 

ADD 

#02 

ADD 

#03 

ADD 

#04 

ADD 

#05 


CAM 

$ 

2,925,000.00 
















Harold Bros 

$ 

3,415,500.00 
















E. Amanti & Sons 

$ 

2,944,000.00 
















General Mechanical Contractors 

$ 

2,629,000.00 
















N.B. Kenney 

$ 

3,089,000.00 















260000 

Electrical/Tele/Data 


BASE BID $ 

BID 






DCAM CERT. 

DCAM UPDATE STATEMENT 

BID 

ADD 

ADD 

ADD 

ADD 

ADD 


(Published Value; $2,478,000) 



BOND 






OF ELIGIBILITY 


SIGNED 

#01 

#02 

#03 

#04 

#05 


Annese Electrical Services, Inc 

$ 

2,496,000.00 
















LaVengie Electric Co, Inc 

$ 

2,500,000.00 
















Systems Contracting, Inc 

$ 

2,750,000.00 
















Wayne J. Griffin Electric, Inc 

$ 

2,599,000.00 
















Your Electrical Solutions, Inc 

$ 

2,872,000.00 















220000 

Plumbing 


BASE BID $ 

BID 






DCAM CERT. 

DCAM UPDATE STATEMENT 

BID 

ADD 

ADD 

ADD 

ADD 

ADD 


(Published Value; $922,000) 



BOND 






OF ELIGIBILITY 


SIGNED 

#01 

#02 

#03 

#04 

#05 


Harold Bros., Inc 

$ 

1,009,000.00 
















E. Amanti & Sons, Inc 

$ 

867,000.00 
















P.J. Dionne Company, Inc 

$ 

936,000.00 
















Grasseschi Plumbing & Heating, Inc 

$ 

874,000.00 
















Arujo Bros Plumbing, Inc 

$ 

894,000.00 















211300 

Sprinkler 


BASE BID $ 

BID 






DCAM CERT. 

DCAM UPDATE STATEMENT 

BID 

ADD 

ADD 

ADD 

ADD 

ADD 


(Published Value; $360,000) 



BOND 






OF ELIGIBILITY 


SIGNED 

#01 

#02 

#03 

#04 

#05 


Cogswell Sprinkler Co 

$ 

355,225.00 
















Hampshire Fire Protection 

$ 

429,000.00 
















Xcel Fire Protection 

$ 

378,900.00 
















Carylse Engineering 

$ 

542,700.00 

























































